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&. + Tae Contractor shall, during the period set forth 
in PART IIL of the SCHEDUIZ, furnish and supply te the Government non~ 
personal Contract, Technical Services (cTS) as defined in Clause 1 of 
the General Provisions of this contract. 


b. TEE OF + The Contractor shall perform all maintenance 
necessary to keep four (4) equipaents ((2) installed in aircraft and (2) 
bench beokups) and 2 antennae in proper operating condition. This 
equipment was furnished under another contract as 2 Flying Sets under 
Item 10; 2 Bench Sets under item 10, 2 antennae under Item 11. Ths 
four (as equipments and two (2) antennas shell be maintained during the 
periods and at foreign end domestic locationa es directed by the 
Contracting Officer or his qguthorized representative. 


c. ASSIGNNE NEL; The assignment of contract technical 
services personnel to ted place and the effective date of said 
assignment will be made by mitual agreement between the parties hereto. 
An overseas assignment will be gubatantiated by the execution of a 
“Letter of Assignment® and shall be in accordance with Exhibit "A", 

wich is attached end made a part of this contract. The Contractor 

ahell furnish to the Contracting Officer eopies in triplicate of the 
assignment letters entered into as may be required by the Contracting 
officer, Any supervisory personnel of the contractor assigned to 
perform services hereunder will be accredited by the Contracting officer 
to locations et which such services are to be performed. The Contracting 
officer will be advised of all visits. 


d. ORES Transportation provisions are set forth in 
Clause 2lla) of the General Provisions. 


eo. SUPERVISION: Contract technical services personnel shell at 
all times be recognised as employees of the Contracter and under the 
Contractor's supervisory control. Such supervision shall be exercised 
by visite of the Contracter's supervisors to locations where services 
are being performed. However, the Contracter and contractor personnel 
shall, in the performance ef services hereunder, be guided by and 
comply with the direetions and requirements of the Project Base Commander 
or hia authorised representative, under whose authority seid services 
shell be performed in a satisfactory manner. 


G 


f. BEPORTS: Contractor personnel shall keep the Contractor fully 
informed as to maintenance problems by guitable internal reports. Upon 


«hw 
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request of the Contracting Officer the Contractor will furnish 
aummary reports regarding maintenance problems te such person(s) 
as are designated by the Contracting Officer, The Contractor will 
supply the Contracting Officer with copies of such reperts. 


g« Beet Assigned contract technical services personnel 
will be given certain privileges to the extent authorized other 
individuals assigned to a Project Base including but not limited to 


the following: 


(2) 


(2) 


Neceasary medical and dental care for the Contractor's 
personnel at no charge to the Contractor in the event 
that commercial medical or dental facilities are not 
available to the Contractor's persomel , 


Provisions concerning vacation leave are eet forth in 
PART IT of the Schedule. 


h. SUPPORT sQUrpMents 


(1) 


(2) 


(3) 


(4) 


Maintenance parts, tools and test equipment required 
fer maintenance of equipment and furnished under another 
eentract shall be made available to the Contracter's 
maintenance persennel by the Government at the location 
here maintenance ia to be performed, 


‘the Government shell make available to the Contracter's 
imintenance personnel, for exclusive use to each overseas 
naintenance loca’ » & vebicle such as a carry-ell truck 
AY $500~$025~825125-275 or equivalent, including supplies 
and services for maintenance thereof at uo cost to the 
Cantracter. The Gontractor will mount certain maintenance 
equipment in esid vehicles to facilitate maintenance. Thia 
vehicle is to be used for official business only. 


The Gontracter shall support ita field maintenance personnel 
employed in the performance of this contract with enginesr- 
ing services and special test facilities. Exenples of auch 
services arsi (a) Visits of headquarters engineers, when 
aoproved by the Government, to assist such Meld maintenance 
personnel in overcoming maintenance problems. {(b) Investi- 

ations at the Contractor's headquarters of field problems. 
tc) Tests at the Contractor's headquarters of components, 
sub~assemblies, er equipments which have shown exeesalve 
treuble in the field. 


The Contracter is authorized to supply by lecal purchase, 
manufacture, or ether procurement any replacement parts, 
teols, test equipment or hardware not otherwise easily 


~ & ow 
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available and necessary fer the maintenance defined 

in the statement of work. For security purposes 

only, purchases in the field will be subject to the 
appreval of the Base Commander. fxamples of such 
materials and services are an follows: Reeistors, 
Capacitors, Inductors, or Yacuum Tubes which ere 

not included in Government furnished property and 

ere Bot avellable in base supply. Minor test 
equipment such as Voltmeter, Aumeter or sinflaer indicating 
devices not avaliable in base supply. Repair at 
Contractor's plant or at other source teat equipment 

and production equipment which mal-functions during 
maintenance. 


a. COUR Et The Government shall pay the Contractor 
in accordance with PART IV and Clanse 4 of the General Provisions 
upon satisfactory performance of this contract, and upon the subnlesion 
of properly certified invoiess or vouchers therefor, as full paynent 
for the servicss to be supplied by tha Contrecter hereunder, es follows: 


(1) A provisional emount of £12,000 fer each calandar month 
pees auendment of contract incorporating redetermined 
Pp on. 


(2) An amount for each calendar month subsequent to such 
anendment of contract which amount shall be the rade— 
Vermined total price of PART Ib less previous payments 
wader the Payment Provision (a) inmediately sbove, 
divided by the mmber of calendar months remaining to 
specified completion of contract. In the event that 
total payment under Payment Provision (a) exceeds the 
redetermined price such excess shall become immediately 
due and payable to the Government. 


(3) In the event timely redetermination of the total price 
ef PART Ib is net affected as anticipated, payments shell 
continus at the rate of $12,000 for each calendar wonth 
til the total price of PART Ib is redeternined, PROVIDED, 
that in no event shall the tetel of progress payments 
made under PART Ib exceed 90 percent to the total estinsied 
epnirect price. 


(4) 


Reinbarsement for the actual cost of approved irausporia- 
tion furnished by the Contracter in accordance with the 
provisions eof this contract. 
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25X1A 


PROCESSING OF Juyo7 ede! Inveices shall be 
subaitted and precessed for payment in accordance with Clause 4 


“W FR. AieEL PURPOSES: For payment 
spen performance of services hereunder 
will be determined in réance with the provisions of Clause 20 
of the General Proviaions and the provisions of this SCHEDULE, 
a. J NES: Contractor personnel shall be granted 


two calendar weeks td: t guch time tually agresabl. 
x vacation a as le mr 
between the Gowrnment and the Centracter. Such Vacation beng 


The vaeation vill end at this point after which the Government 


joe fa 2 will furnish transportation back to the site of work. 


Fe MANE) t are services of the contract 
d under PART Ib 

contract shall te furnished il as equa disc ie 

period of 1 May 1957 through 30 June 1953, 


: rth 4a PART IZ ~ CONSIDERATION AND PAYMENT hereto. me, 
be increased or decreased, in accordance with the proviglons of this 


bs, Promptly aiter 31 Getober 1997, or such other date 
be mitually agreed upon by the parties hereto, the parties shall 
negotiate to detornine whether the total estimated contract price 


for the required services shall be revised and a 

- & new to t 

price established, such new total contract price to be a a 
- a -_ 
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represent the total amount payable to the Contractor for 
satisfectory performance of the contract, Including ell services 
theretofore furnished or thereefter to be furnished. 


c, As soon as practicable, and in no case later than sixty 
(60) days after 31 October 1957, the Contractor shall furnish to 
the Contracting Officer a statement, in euch form and detail as 
the Contracting Officer may prescribe, of the cost (ineluding 
estimates to completion) of furnishing the services called for 
under this contract, together with such information as may be 
pertinent in the negotiations for the revised total contract 
price pursuant to this clause. Such statement of cost shall 
fairly reflect the normal operations of the Contractor's cost 
aysten, taking into account any deviations for such normal cost 
system as is required by the security restrictions placed upon 
the Contractor by the Government in performance under this contract. 
The Contracting Officer shall have the right at all reasonable 
tinea to make, or cause to be made by Government employees, or other 
persen or persons agreed upon by the parties, such examinations or 
eudits of the Contractor's books, records and accounta, aa he may 
request. 


 &. Upen the Piling of the statements and other pertinent 
information required by Paragraph ¢ of this cleuse, the Contractor 
and the Contracting Officer will promptly negotiate in good faith 
te agree upon a reasonable revised total contract price for the 
contract, which upon the basis of such statement and ether pertinent 
information, will constitute fair and just compensation to the 
Contractor for the performance of this contract. In determining the 
extent eof any estimated allowance for profit to be taken inte account 
in fixing such revised price, consideration will be given to the 
_extent to which the Contractor has performed the contract with 
efficiency, economy and ingenuity, The revised price shall be 
evidenced by an amendment to this contraot. However, in the event 
that the negotiations for price revision, in accordance with this 
clause, indicate that the uncertainty as to the cost of complete 
performance is still se great as to prevent a realistic determination 
of the final price for the over-all completion of this contract, 
provision may be made for such future negotiations as to revision 
as may be appropriate to the ciroumstances at the time. 


e. If within thirty (30) days, or such other period as mtually 
agreed upon by the parties hereto, after the filing of the statement 
and other pertinent information required by Paragraph C of this clause 
the parties shall fail to agree upon the revised price, in accordance 
with the previsions of this clause, the failure to agree shall be 
deemed to be a disagreement as to ea question of fact which shall be 
disposed of in accordance with the clause hereof entitled "DISPUTES." 


mw Bm 
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f. For any of the purposes of the clause of this contract 
providing for termination at the eption or convenience of the 
Government (inel: pire oamnek limitation, computation of "the total 
contract price eentract price of work not terminated,”) 
the contract priee shall be the revised contract price agreed upon 
under Paragraph BD of this clause or determinad under Paragraph EF 
ef this clause, as the case may be. 


PART V ~ RE MENTS OF GENERAL PRI $1 Notwith- 
standing the Caine of any of the General ae gn of this 
contract to the ¢contreary, vhansoaver the Contracter, in performance 

of the work under this contract, shall find that the requirements 

ef any of the clauses of the General Provisions are in conflict 

with security instructions issued to the Contractor by the Contracting 
Officer or by his duly authorized representative for security matters, 
the Contractor shall call the attention of the Contracting Officer to 
such conflict and the Contracting Officer or his duly authorised 
representative fer security matters shall (1) medify or rescind auch 
security requirements or (11) the Contracting Officer shall isme to 
the Contractor a waiwer of compliance with the requirements of the 
General Provisions cenflicting with such security requirements. Any 
walver of compliance with the General Provisions of this contract 
issued by the Contracting Officer shall be in writing, except that the 
approval by the Contracting Officer of any subcontract issued hereunder 
by the Contractor ahall be deemed to constitute approval of waiver of 
any clauses of the General Provisions in conflict with the stipulations 
of much subcontract. 


PART VI + aac E RESTRICTIONS: The Contractor ahall not 
reveal (41) the spec: fo naire oF any details ef the vork being 
performed hereunder or G4) any information whatsoever with respect 

to the department of the Government sponsering this contract and 

the work thereunder except as the Contractor is directed or permitted 
to reveal such information by the Contracting Officer or by hia duly 
authorized representative for security matters, and notwithstanding 
any clause or asction of thia contract to the contrary, the Contractor 
shall not interpret any clause or section of thia contract as requiring 
or permitting divulgence of such information to any person, public or 
private, or to any officer or department of the Gevernment without the 
express csnsent of the Contracting Officer or his duly authorized 
representative fer security matters. 


PART VII ~ CAPT. + In the event any Contractor personnel 
assigned to duty under Ps contract ia found to be missing from his 
place of employment, whether or not such personnel then actually was 
engaged in the course of his employment, under clreumstances supporting 
an inference that his absence was due to the action of a hostile force 
or the ferce of any power not allied with the United States in a common 


ois 
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military effort, or is known to have been taken prisoner, hostage, 
er otherwise detained by a hostile force oF the force of any power 
not allied with the United States in a common military effort, the 
time spent by such personnel during such detention (which shall be 
construed to include the period until such personnel is returned to 
his place of employment, or te the United States, or death in fact 
is established by a finding by the Federal Security Administrater 
(hereinafter referred to as "Administrater") or other Federal body 
having jurisdiction er by other evidence satisfactory to the 
Gontracting Officer, or death can legally be presumed to have 
occurred) shall. not be considered as time spent in the performance 
ef services hereunder and the Government shall not be obligated te 
make any payment on account of such personnel except as provided 

in thia paragraph, The Cantractor is authorised to and shall enter 
into agreements with personnel hereunder te pay benefits to the extent 
not otherwise paid to such personnel in the event of, and during the 
tima spent by such personnel during such detention, ae construed above, 
which will equal the total wage due for sach detention, as construed 
above, computed on the basis of wage rate being pald such personnel 
at the time of such detention, Cleims for benefits shall be made 
under applicable law with the Administrator. In the event that the 
Contractor is obligated by agreements, authorized above, to pay and 
shell have paid benefits in an amount not paid or payable by the 
Administrater on acopunt of such detention of such personnel, the 
Government shall pay to the Contractor, in respect of such personnel 
during the peried of such detention, as conatrued ebove, such amount 
which when added te the amount paid or ic ve paid in respect of such 
personnel by the Administrator, whether to the Contractor or other- 
wise, will equal the total wage due for such period of detention, as 
construed above, computed on the basis of wage rete being paid such 
personnel at the time ef such detention, Subject to the availability 
of funds therefor, the obligation of the Government to make paymenta 
provided for by thie paragraph shall continue in effect during the 
period of such detention, aa construed above, and shall survive the 
earlier expiration or termination of this contract. 


PART VIII — BNOLNERRING AND SERVIC’: PROCEDURE: Except as specifically 
provided herein the Contractor's person. rendering services under 
this contract will be governed by the Contractor's established 
Engineering and Service procedure, hereinafter referred to as E&é 
procedures, 
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EXHIBIT "4" BALTIMORE DIVESIOKS 


Overseas Assignme:t 


Mr. John Doe: 

Confirming discussion between your superviser and you, your 
overseas ansignment will be subject to the fellewing terms and 
conditions: 

2. Trenspertation: You are to proceed vie first-class 
commercial traneportation to and from the embarkation point, charging 
expenses under the normal F&8 procedures, Reservations from the 
point of embarkation to and from the work location will be made for 
you and you will be furnished firat~clase commercial aircraft tickets 
except in case of emergency or where first~class transportation is 
not avatleble in which case the government will furnish transportation. | 

2. Pagapyrt: You will have satisfied the requirements and will 
have obtained a passport prior to departure for the point of embarkation, 

3. Phystiegl Sepmingtiongs You wild have hed e thorough physical 
and dental examination, 

4. Security Requirements: The Project which you will be assigned 
ie subject to very rigid security reguiations and it is mandatory you 
conform to all the requiremente stated on the personel security 
questionarie which was signed by you upon employment by Westinghouse. 

5. Yasation Legve: You will be entitled to two weeks vacation 
at a time mutually agreeable between you, your supervisor, and the 


~ Ll = 
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government. You will be furnished round-trip transportation by the 
government from the work site to a point where reasonable comercial 
facilities are available. Your vacation will begin upon errival at 
that point and end two weeks thereafter at that point. 

G6. Hours ef Werk: Normally you will work 40 houra per week. 
Such hours to conform to the requirements of the project officer, 
The nature ef the project makes it necessary that you be subject 
to call 24 hours per day, 7 days per week. If it is necessary to 
work Saturdays, Sundays, and Holidays, you will receive equivalent 
time off where the job permite, 

7. Dependenta: It will not be permissible for your dependents 
te join you at some foreign duty stations to which you may be 
assigned, 

8. Expenses: Travel end living expenses will be chargeable 
in accordance with established E&S8 procedures. 

9. Sompejgstion: In addition to your regular salary, yeu will 
receive the followings compensation: 

(a) An overseas salary differential, This will cover the 
inconvenience ef being abroad end any overtime required. 

(b}) If you complete the aseigument at a foreign station 
where your dependents cannot join you or if it is 
Verminated for reasons beyond your control, you will 
vecelve an overseas completion salary differential 
calculated at the rate of $111.00 per month or fraction 


thereof, 
mie 32 ood 


Approved For Release 2000/04/18 : CIA-RDP81B00878R001300090027-5 


